Budget for the Mid-City 215 Rapid Bus Project provided to inewsource by the 
San Diego Association of Governments. 


Admin-Labor 

1,748,210 

Admin-Misc 

691,383 

Communications 

88,660 

Construction 

17,501,518 

Construction Mgmt 

2,900,537 

Engineering & Design 

3,186,516 

Environmental 

181,918 

MTS Labor 

2,380 

Preliminary Engineering 

794,418 

Professional Services 

24,061 

Right of Way 

229,963 

Vehicles 

16,463,305 

1240001 Mid-City Rapid Bus 

43,812,870 


inewsource caicuiations: 

Construction + Construction Management 20,402,055 

Preliminary Engineering + Engineering & Design 3,980,934 





